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13 December 1 965 


Subject: ECP GR-36, Contract LP 2264 


Dear Chuck 


) 


This ECP is technically approved by the SPO. 
Request you provide Goodyear with formal approval to make 
this change. 


STATINTL 


Copy: 


Re p-anrl s 


STATINTL 
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NAME OF MAJOR COMPONENT 
RECORDER 


Approved For Release 2002/10/25 : CIA-RDP72 bBd4 

ENGINEERING STUDY □ 

^ CHANGE PROPOSAL 0 


37Q055~5- 


AFFECTS: GA53l|_ 

PART OR LOWEST SUBASSEMBLY 


RECORDER j MIRROR ASSEMBLY 

I — 

TITLE OF PROPOSAL: Modification to Mirror As sembly 


GR- 36 

STATINTL 

PART NO. 

MODEL OR TYPE, . „ . 

531A712 -005-101 (Old) 
531A712-013-101 (New) 


nature of PROPOSAL: TT , , -ij.- been aliened with 

Change mirror angle to ensure alignment. Units 1 h * „ . interchangeable 

old mirror and are acceptable. The proposed mirror modification is interchangeable 

with Units 1 - 3^ but the reverse is not. 


REASON FOR PROPOSAL: 

Engineering analysis of miror mount angle tolerances and machining methods _ 
revealed that this modification is necessary to handle possible manufacturing 
tolerance buildups. 


STATIN 


ESTIMATED COST AND TIME INVOLVED: 
ADDITIONAL FUNDING REQUIRED: 
ESTIMATED COST FOR KITS OR PARTS: 
ADDITIONAL FUNDING REQUIRED: 


ITEMS AFFECTED BY PROPOSAL: 


Production units A?002-l5 and subs and spares, 


SAFETY 

□ 


MISSION 

EFFEC- 

TIVENESS 

□ 


! INTER- 

OPERATING CHANGE- 
PROCEDURE ABILITY 


WEIGHT OR I TOOLS AND I MAINTE- 
WEIGHT SUPPORT NANCE SERVICE 

BALANCE EQUIPMENT PROCEDURE LIFE 


1 MAINTE- 
NANCE 
MANUAL 







